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ORIGIN COME-OO 

INFO OCT-01 EUR-06 ISO-OO EB-05 SS-20 SSO-OO RSC-01 /033 R 
66618 

DRAFTED BY COM/BEWT/TPD/562/RPRICE- (DESIGN, TDISTEFANO)/JD 

APPROVED BY EUR/EX:JOAN M. CLARK 

COM/BIC/OIM/EM/23 6/B CAHILL 

COM/BEWT/OEWTD/550/PKRAMARIC 

COM/BEWT/500/LBOWDEN/SLAZARUS 

COM/DIB A/BUDGET/ 1 30/RLHILDEBEIDEL 

EUR/SOV-MR. COLBERT 

EUR/EX - MR. WIGGINS 

035815 

O 071952Z JAN74ZFF4 
FM SECSTATE WASHDC 
TO AMEMBASSY VIENNA NIACT IMMEDIATE 
INFO AMEMBASSY MOSCOW NIACT IMMEDIATE 

UNCLAS STATE 002688 

E.O. 11652: N/ATAGS: BEXP:AU 

SUBJ: EXPANDED COMMERCIAL OFFICE, MOSCOW 

FOR: EWTC, PASS TO DR. FRANK 

REFTELS: (A) VIENNA 8727, (B) VIENNA 9572, (C) VIENNA 060 

1. COMMERCE/STATE AUTHORIZES AMERICAN EMBASSY VIENNA 
TO LET IMMEDIATE CONSTRUCTION CONTRACTS WITH FOLLOWING 
CONTRACTORS WHO SUBMITTED LOWEST RESPONSIVE BIDS IN 
OCTOBER 12, 1973 FOR CONSTRUCTION OF EXPANDED COMMERCIAL 
OFFICE MOSCOW: URGENT THAT CONTRACTS ARE AWARDED PRIOR 
TO JANUARY 9, WHICH IS LAST DAY BIDS ARE VALID. 

SWATEK & CERNEY 

VORLANFER 

BLASCH 

CSERNOHORSZKY 

POLENZ 

AUREL 
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2. COST OF ABOVE CONTRACTS ARE N OEGOTIATED WEEK OF OCTOBER 
15, 1973 PER REFTEL VIENNA 8727 IS 2,513,234 A.S. THIS 

TOTAL SHOULD BE ADJUSTED DOWNWARD TO REFLECT SAVINGS 
PROPOSED BY HEATING AND VENTILATION CONTRACTORS SWATEK 
AND CARNEY OF APPROXIMATELY 100,000 A.S. THIS REDUCTION 
CITED IN VIENAA 9572 AS RESULT OF HEATING ENGINEERS 
VISIT TO ECO SITE MOSCOW. 

3. AMERICAN EMBASSY VIENAA AUTHORIZED TO AWARD CONTRACTS 
TO LOWEST BIDDER EXPRESS FOR SUM 199,794 A.S. FOR TRANS- 
PORTATION PREFABRICATED CONSTRUCTION MATERIAL TO MOSCOW 
FOR ECO. REFTEL VIENNA 060. 

4. AMERICAN EMBASSY VIENNA TO PLACE ORDERS IMMEDIATELY 
FOR FURNITURE AND FURNISHINGS REQUIRED IN MOSCOW ECO 
AS REFLECTED IN OCTOBER 3, 1973 MEMO TO RICHARD RICE. 

COPIES OF THIS MEMO HAVE BEEN GIVEN TO TRADE CENTER AND 
CONTRACTING OFFICER. ITEMS 1,2,3 OF THIS MEMO TO BE 
ORDERED IN VIENNA. REMAINING ITEMS 4, 5,6,7 WILL BE 
ORDERED IN WASHINGTON. 

5. AMERICAN EMBASSY MOSCOW TO REQUEST UPDK TO PROCEED 
WITH PRELIMINARY ALTERATIONS WORK TO ECO PREMISES. 

ESTIMATE PROVIDED BY UPDK 10,550 DOLS. 

6. ALL CHARGES SHOULD BE AGAINST EMBASSY MOSCOW PROGRAM 
ALLOTMENT. EMBASSY MOSCOW REQUESTED PROVIDE EMBASSY 
VIENNA FISCAL DATA BY IMMEDIATE TELEGRAM. EUR/EX IS 
INCREASING EMBASSY MOSCOW PROGRAM ALLOTMENT ACCORDINGLY. 

7. REVISED SUGGESTED CONSTRUCTION TIMETABLE MOSCOW ECO 
AS FOLLOWS: ARCHITECT FRANK TO CONFIRM. 

JANUARY 9 - MARCH 8: CONSTRUCTION PREFABRICATION IN 
VIENNA 

MARCH 11-22: TRANSPORTATION OF CONSTRUCTION MATERIALS 
TO MOSCOW. 

MARCH 25 - APRIL 12: INSTALLATION OF CONSTRUCTION MATERIALS 
IN MOSCOW. 

APRIL 12-19: COMPLETION OF COMMERCIAL OFFICE, IN 
UNCLASSIFIED 

UNCLASSIFIED 
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STALLATION OF FURNITURE & FURNISHINGS. 

8. ARCHITECT FRANK AUTHORIZED TO SUPERVISE SITE INSTALLATION 
OF CONSTRUCTION MATERIALS IN MOSCOW DURING FIRST THREE DAYS 
AND LAST WEEK OF PLANNED INSTALLATION. KISSINGER 
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Automatic Decaptioning: X 
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Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 07 JAN 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974STATE002688 

Document Source: CORE 

Document Unique ID: 00 

Drafter: (DESIGN, TDISTEFANO)/JD 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: STATE 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 97401 58/aaaaccxo.tel 

Line Count: 112 
Locator: TEXT ON-LINE 
Office: ORIGIN COME 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 3 

Previous Channel Indicators: 
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Previous Handling Restrictions: n/a 

Reference: ELS: (A) VIENNA 8727, (B) VIENNA 957, 2, (C) VIENNA 060 

Review Action: RELEASED, APPROVED 

Review Authority: golinofr 

Review Comment: n/a 

Review Content Flags: 
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Review Event: 
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Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 
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Review Release Date: n/a 
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